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SPECIAL ORDINANCE NO. 


BILL NO. S-81- -&/ 


<5>- (y7 


AN ORDINANCE approving a contract by and 
between the City of Fort Wayne, Indiana, 
through its Board of Public Works and 
SCA Services of Indiana, Inc. for the 
collection, transportation and disposal 
of garbage and refuse. 


WHEREAS, the City, through its Board of Public Works, 
has let bids for the collection of garbage and refuse for the 
years 1982 through 1987; 

WHEREAS, said contract has been awarded to SCA Ser¬ 
vices of Indiana, Inc. who has been determined to be the 
lowest and best bidder by the Board of Public Works; 

WHEREAS, the City is desirous of having said contract 
with SCA Services of Indiana, Inc. for the collection of 
garbage and refuse approved by the Common Council. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the contract dated 
by and between the City of Fort Wayne by and through its 
Mayor and its Board of Public Works and SCA Services of Indiana, 
Inc. for collection of garbage and refuse including the trans¬ 
portation and disposal thereof, is hereby, along with all 
addenda thereto, ratified and approved in all respects. 

SECTION 2. Said contract is made a part hereof and 
is by reference incorporated herein and further said contract 
is on file in the Office of the Board of Public Works in the 
City of Fort Wayne, Indiana. 

SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and approval. 








Read the first 
seconded by _ 


t time i: 




in full and on motion by_ 

-,-_ - . ,.-_ _, and duly a^doptedT read the second time 

by title and referred to the Committee , _(and the City 

Plan Commission for recommendat ion) and P ublic Hearing to be held after 
due legal notice, aJ>^feher“"CbuhcTl Chambers7~City—C-o-unty, Build i-hg, Fort Wayne 
Indiana, on_, the _■__day of 


19 


at 


clock 


M. ,E.S.T. 


so zAz£l ‘ 


Read the third 
seconded by_ 
passage. 



aupjm full and on motion by_ 

y£2y>?J _, and duly adopted, placed on its 


(LOST) by the following vote: 


TOTAL VOTES 

BURNS 

EISBART 

GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

SCHOMBURG 
STIER 
TALARICO 


DATE: 


AYES NAYS 





-L- 


A 


-4- 

-X- 



4 


-K_ 


SQ-tl-Pl- 


ABSTAINED ABSENT TO-WIT: 

I 


4 


CITY CLERK 


Passed and. adopted by the Common Council of the City of Fort Wayne, 
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BILL NO. 

REPORT OF THE COMMITTEE ON r _ 

WE, YOUR COMMITTEE ON Finance _TO WHOM WAS REFERRED AN 

ordinance approving a contract by and between the City of Fort Wayne, 

Indiana, through its Board of Public Works and SCA Services of Indiana, 
Inc. for the collection, transportation and disposal of garbage 
and refuse 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 






























THE CITY OF FORT WAYNE 

CITY-COUNTY BUILDING • ONE MAIN STREET • FORT WAYNE, INDIANA 46802 

Equal Employment Opportunity/Affirmative Action Office 
Room 380 Telephone (219)423-7593 


September 21, 1981 


Mr. Barry Pruitt 
SCA Services, Inc. 

P.0. Box 6130 

Fort Wayne, IN 46896 


Re: Amended Affirmative Action Conference on September 18, 1981 


Those Present: Mr. Robert Settlemire, President 

State of Indiana, SCA Services 

Barry Pruitt, District Manager 

Chuck Cogdell, Legal Counsel for. 

State of Indiana, SCA Services 

Levingston, Dildine, Haynie, Yoder 

Dear Mr. Pruitt: 

Pursuant to our conversation of September 18, 1981 at the 
Affirmative Action Conference in the Board of Works Hearing Room, 
it was stated that your firm will commit that your total work¬ 
force goal in the City of Fort Wayne, Indiana, will comprise of 
50% minorities prior to the effective date of the contract for 
Collection of Garbage and Refuse. The date given us, by you as 
a timetable is December 15, 1981. 

At that time I informed you the Personnel Department will 
be willing to assist your company in minority recruitment. Please 
do not hesitate to contact me. 

It was also stated there will be one employee transferred 
to your comapny. Fort Wayne, Indiana, from out of town. 

Please advise me of any changes in the above. 


cc: Mr. Robert Settlemire 
Mayor Win Moses 
Mark Angel 
Jim Huntine 


Sincerely, 

H. Frances Ganaway 
EEO/AA Director 

Connie Reed 
Linda Johnson. 

Bd. of Works 


/ 


Mayor’s AA Council 
Chuck Cogdell 
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ADVERTISEMENT FOR BIDS - NOTICE TO BIDDERS 


Notice is hereby Given by the Board of Public Works of 
the City of Fort Wayne* Indiana* that sealed bids will be 
• received by the Board at its office in the City-County 
BuildinG on the 10th day of September* 1981* at 10J00 A M** 
for the collection* removal and disposal of solid waste* 
includinc GarbaGe* rubbish and household rubbish* from each 
residence* apartment complex and mobil home court* etc* 
Contractors are invited to submit their bids on various 
propositions with respect to terms and period of contract 
besinninG January 1* 1982* as per specifications on file in 
the office of the Board of Public Works* which are by 
reference incorporated herein* 

Bidders may obtain a copy of said specifications prior 
to submittiriG their bids* 

The Board reserves the riGht to accept any proposal* or 
to reject any or all proposals* 


BOARD OF PUBLIC WORKS 

THOMAS W* LATCHEM . 
ROBERTA ANDERSON STATEN 
BETTY R* COLLINS 


ATTEST i Sandra Kennedy* Clerk 

publish: 
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INSTRUCTION TO BIDDERS 


1* PROPOSALS: each Proposal shall be leeibls written or 
printed in ink. on the form provided in this*' bound cops of 
proposed contract documents* No alterations are to be made 
on the printed forms bs erasures* interpolations* or 
otherwise* unless each such alteration is siGned or 
initialed bs the bidder? if initialed* the Cits mas reauire 
the bidder to identifs ans alteration so initialed. No 
alteration in ans Proposal* or in the form on which it is 
submitted* shall be made after the Proposal has been 
submitted. All addenda to the contract documents* properIs 
siGned bs the bidder* shall accompans the Proposal when 
submitted* 

Each Proposal shall be enclosed in a sealed envelope or 
wrappinG* addressed to the Board of Public Works of the 
Cits of Fort Wasne* Indiana* identified on the outside with 
the words* *PROPOSAL FOR COLLECTION* TRANSPORTATION* AND 
DISPOSAL OF SOLID WASTES’* and filed with the Eioard of 
Public Works* Cits-Counts BuildinG* Fort Wasne* Indiana. 


2. PROPOSAL GUARANTEE: Each Proposal shall be accompanied 
bs a Cashier's Check or a Certified Check drawn on an 
acceptable bank* or an acceptable bidder's bond for the 
Zone or Zones beine bid. The Proposal Guarantee amounts 
per Zone are listed below? 


PROPOSAL GUARANTEE AMOUNTS t 
Zone No. 1? (Cits Wide Zone) 
Zone No. 2? (Southeast Zone) 
Zone No. 3? (Southwest Zone) 
Zone No. 4: (Northern Zone) 


$ 120 * 000.00 
$ 40*000.00 

$ 40*000.00 

$ 40*000.00 


If Contractor is biddins Zone No. 1 alonG with ans 
other Zones independentIs* the Contractor is responsible 
for orils submittinu the maximum amount for Zone No. 1. If 
Contractor is biddinG on onls one or two of the independent 
Zones* the Contractor must submit an amount edual to the 
sum of the amounts for the Zones beins bid. At no time 
must a E:id Bond be submitted Greater than $120*0 00.00. 

The proposal Guarantee shall be made pasable without 
condition to the Board of Public Works of the Cits of Fort 
Wasne* Indiana* hereinafter referred to as Owner. The 
proposal Guarantee mas be retained bs and shall be 
forfeited to the Owner as liquidated damaGes if the 
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Proposal is accepted and a contract based thereon is 
awarded and the bidder should fail to enter into a contract 
in the form prescribed* with leGally responsible sureties* 
within ten (10) days after such award is made by the Owner* 


3* RETURN OF PROPOSAL GUARANTEE: The proposal Guarantee 
deposit of each bidder will be returned if his/her Proposal 
is rejected* The proposal Guarantee deposit of the bidder, 
to whom a contract is awarded will be returned when he/she 
executes a contract and files a satisfactory performance 
bond* The proposal deposit of the second lowest and best 
responsible bidder may be retained for a period not to 
exceed sixty (60) days pendins the execution of the 
contract and bond by the successful bidder. 


.WITHDRAWAL OF BIDt No bidder may withdraw his/her 
Proposal for sixty (60) days after the date and hour set 
for the openinG* 


5. ACCEPTANCE AND REJECTION OF BIDS: The Owner reserves 
the riGht to accept the bid which* in its Jude merit > is the 
lowest and best bid* to reject any or all bids for any 
reason whatsoever* and to waive irreGularities or 
informalities in any bid* Esids received after the 
specified time of closinc will be returned unopened* 


6 * SIGNATURE OF E:IDDERS: Each bidder shall siGn his/her 
Proposal and all Addendum usins his/her usual siGnature and 
Givins his/her full business address* Bids by partnerships 
shall be siGned with the partnership name followed by the 
siGnature and desiGnation of one of the partners or other 
authorised representative* Bids by corporations shall be 
siened with the name of the corporation followed by the 
siGnature and desiGnation of the president* secretary* or 
other person authorised to bind the corporation* The names 
of all persons sieninG should also be typed or printed 
below the siGnature* A bid by a person who affixes to 
his/her siGnature the word* “president * * “secretary’* 
*3Gent“* or other desiGnation without disclosinG his/her 
principal may be held to be the bid of the individual 
siGniriG* When requested by the Owner* satisfactory 
evidence of the authority of the person sieninc shall be 
furnished* 


PAGE 


7* INTERPRETATION OF CONTRACT DOCUMENTS t If ar.y person 
who contemplates submittiriG a bid is in doubt as to the 
true meanine of any part of the specifications * or other 
proposed contract documents* he/she may submit to the Board 
of Public Works* i East Main St** Room 910V City County 
Bids** Fort Wayne* Indiana ^6S02* a written request for an 
interpretation thereof* The person submittins the reeuest 
shall be responsible for its prompt deliver* 
Interpretation of the proposed contract documents will be 
made only by addendum* ' A copy of each addendum will be 
mailed or delivered to each person obtaininG a set of 
contract documents from the Board of Public Works* The 
Owner will not be responsible for any other explanations or 
interpretations of the proposed contract documents*. 

September 3* 1981* lOJOO A*M* is the^final day and time 
by which bidders may submit written reeuests related to 
interpretation of contract documents* This time has been 
set in order that the Board of Public Works may have ample 
time to respond in writinG to each person who contemplates 
submittins a bid packaGe* 


8* LOCAL CONDITIONS AFFECTING WORKJ Each bidder shall 
visit the site* or sites* of the work and shall completely 
inform themselves relative to potential hazards* labor 
conditions* and all other conditions and factors* local and 
otherwise* which would affect completion of the work and 
its cost* All such factors shall be properly investiGated 
and considered in the preparation of the bidder's Proposal* 
There will be no subseauent financial adjustment for lack 
of such prior information* 


9* QUALIFICATION OF EtlDDERS* Each bidder must furnish 
satisfactory evidence that it has operated or is presently 
operatinG a residential refuse collection system of a type 
and extent comparable to that outlined in these 
specifications* and that it has successfully conducted such 
an operation for a period of not less than two (2) years 
within the last five (5) years and the bidder must be able 
to demonstrate sufficient refuse collection experience to 
satisfy the Board of Public Works that the provisions of 
the. Contract documents can be fully and satisfactorily 
complied with* Further* each bidder shall be resuired to 
demonstrate to the satisfaction of the Board of Public 
Works that it has adeeuate equipment* financial resources* 
adequate work plan* facilities* experienced personnel and 
expertise to perform the Services called for by this 
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Contract snd shall furnish such information and/or proof 
coverins its Qualifications when reeuested by the Board of 
Public Works* Refuse collection operations which have or 
are now beins operated by the bidder shall be subject to 
inspection to determine the bidder's ability to perform 
satisfactorily under the Contract* No Contract shall be 
awarded to a bidder who as determined by the Eioard of 
Public Works* is not Qualified to adecsuately perform due to 
an unsatisfactory record* inadeeuate experience or who 
lacks the necessary capital* orGanization or equipment to 
conduct and complete the services in strict accordance with 
the terms and conditions of the Contract* Bids will be 
considered from only those bidders* that in the opinion of 
the Board of Public Works* have a sufficient background or 
experience in the refuse collection field 3 r.d meet the 
other requirements called for ir« the Contract documents* 


10* ’INDIANA LEGAL REQUIREMENTSt Each bidder shall submit 
under oath with his/her Proposal* completed statements of 
his/her experience* his/her proposed plan for performiriG 
the work* the equipment which he/she has available to 
perform the work* and his/her financial statement. The 
statements shall be submitted on Questionnaire Form No* 
96-A of the Indiana State Board of Accounts* The term 
■construction’ in Form No* 96-A shall be interpreted to 
mean the “collection* transportation * ancf disposal of solid 
waste’* 


11* GUARANTEEt If any bidder relies on the assets of its 
parent corporation or any other entity* then a Guarantee 
document* leGally executed by such parent corporation or 
any other entity shall be submitted alone with and as a 
part of the bidder's bid as to the fact that such parent 
corporation or any other entity curarantees the full and 
faithful performance of this contract and that all assets 
of the parent corporation or other entity would be subject 
to the faithful performance of the biddine company* 


12* PERFORMANCE BONDi The bidder to whom a contract is 
awarded will be required to furnish an annual Performance 
Bond acceptable to the Owner in an amount as set forth in 
the specifications* 

The bond shall be executed by a surety company 
authorized to do business in the State of Indiana and 
acceptable as Surety to the Owner* 
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Accompany inG the bond shall be a *Power ot Attorney 
author i^iriG the attorney-in-fact to bind the surety company 
and certified to include the date of the bond* 


13* BOUND COPY OF CONTRACT DOCUMENTS X The Proposal or 
other biddins forms shall not be removed from the bound 
copy of contract documents* The copy of contract documents 
filed with each bid shall be complete and shall include all 
items listed in the Table of Contents and all addenda. 


1^* TERM OF CONTRACT: The term of this contract shall be 
for a period of six (6> years r beeinninG January i» 1982 
and er.diriG December 31» 1987» with an Option to renew with 
the approval of all contractinG parties^for a period not to 
exceed one (i> year? conformine with the same terms and 
conditions established with this initial contract. 


15. PROPOSITIONS: Contractor must submit a price for 

Propositions No.s 1 throuGh 3 as stated in the Contract. 


CITY OF FORT WAYNE, INDIANA 

COLLECTION, TRANSPORTATION, AND DISPOSAL OF SOLID WASTES 


COLLECTION, TRANSPORTATION , AND DISPOSAL OF SOLID WASTES 
FROM 

FORT‘WAYNE, INDIANA 
PROPOSAL 


TO THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

THE UNDERSIGNED BIDDER, h3vins examined the Instructions to 
Bidders, Contract Forms, specifications, and other proposed 
contract documents, and all addenda thereto? and beins 
acquainted with and fully understandine the extent and 
character of the work covered by this Proposal and all 
other factors and conditions affectins or which may be 
affected by the work, 

HEREBY PROPOSES to furnish all reeuired materials, 
supplies, solid waste disposal facilities and equipment? to 
provide and perform all necessary labor and supervision? 
and to perform all work stipulated in, reeuired by, and in 
accordance with, the proposed contract documents and the 
specifications, and other documents referred to therein (as 
altered, amended, or modified by addenda), in the manner 
and time prescribed, and to accept in full payment sums 
determined by the bid plus the followins unit price plus or 
minus any special payments and adjustments provided in the 
Specifications* 

PROPOSITIONS NO* 1 THROUGH 3 - This Contract provides for 
five (5) Options for Cost Adjustment over the period of 
this Contract* For evaluatinG this Contract on an eeual 
basis, the City reeuests that the Contractor bids usins all 
five (5) Options* Should Contractor not bid one or more of 
the Options, the Contractor waives any claim asainst the 
City for bias or unfair evaluation of the bids* 

(a) The City has established the five (5) different 

methods of calculatins the Annual Cost Adjustment for 
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the term of the contract for the purpose of maximizine 
competitive biddinG* To create 3 fair end ecauitable 
process of evaluatins bids* the Cits reauests that each 
bidder submit prices based on each- Cost Adjustment 
method* Should ana bidder elect 'not to bid all 
methods* the bidder so allows the Cits * to evaluate the 
bids in arts manner that is* in the opinion of the Board 
of Public Works* in the best interest of the Cits* 
without protest or recourse* 


PROPOSITION NO* 1* 


For the complete performance of all the terms* 
conditions and provisions of Proposition No* i* as per 
specifications* namely* 

A six C6) year contract providins for total solid waste 
Cincludins earbsse* rubbish* and household rubbish) 
collection and disposal on a weekly schedule from* 

(a) Curb or alley location for each household 
and duplex unit* 

(b) approved curb location for mobile home courts 

(c> Refuse collection from Cits Facilities as 
specified within this Contract* 

Total (per zone) City of Fort Wayne* Indiana* first 

year annual amount* subject to adjustments provided 

in the Specifications* 

COST ADJ. ZONE ZONE ZONE ZONE 

OPTION NO ♦ 1 . NO *2 N0*3 NO*-^ 


NO. 1 
NO. 2 




NO. 4 
NO. 5 
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PROPOSITION NO * 2 


r 


For the complete performance of all the termsr 
conditions and provisions of Propositon No* 2* 3S 
specifications* namely* 


A six (6) year contract providins for total solid waste 
(includins Garbase* rubbish* and household rubbish) 
collection and disposal on a weekly schedule from 
• Multi-Family units* (Three (3) units and over) 

(a) Per unit price for once a week *siriGle family 
type" pickup of Multi-Family units (Costs paid 
by the City)* 

COST ADJ* ZONE ZONE ZONE ZONE 

OPTION NO.i NO♦ 2 N0*3 " NO*-! 


NO* 1 
NO* 2 
NO* 3 
NO* 4 
NO* 5 


PROPOSITION NO► 3+ 

Adjustments in the contract price* per zone* for the 
providinG of *sinele family type* collection and disposal 
of solid waste caused by changes in the total number of 
residences refered to herein* resultinG from annexation* 
new construction or demolition* 

In case of annexation to the City the contractor 
operatiriG in the physically adjacent zone will increase 
service to the applicable units* Notet reGardiriG the 
Exhibit "B* map* the North/Southeast/Southwest zone lines 
extend beyond the current city limits to take future 
annexation into account* 


PAGE 11 





Sf 

Per irionthf Collection Unit ChariGe? l 

COST ADJ * ZONE ZONE ZONE . 'ZONE 

OPTION NO* i NO * 2 NQ*3 NO*^ 


NO* 1 
NO* 2 
NO* 3 
NO* ^ 
NO* 5 


The undersiGned bidder aGrees to enter into s contrsc- 
with the City of Fort Wayne? Indians for the collection^ 
transportation and disposal of residential solid wsst^ 
includinG Garbace? rubbish? and household rubbish? trx- 
accordance with the terms and provisions of the Notice td: 
Bidders? Instructions to Bidders? Specifications? Proposal. 
Form? Non-Collusion Affidavit? Form 9<£-A? Affirmative 
Action Pros ram? and Questionnaire of Experience in City 
Wide or Individual Zone collection and? if applicable.- 
operation of an EPA approved sanitary landfill* 

The undersicned bidder screes to furnish the reaui?el 
bond and to enter into a contract within ten (10) dseiS 
after acceptance and award of this proposal* 

Enclosed herewith is the required proposal Guarantee 
the amount or amounts resuired dependinG on which Zone err 
combination of Zones are bid* The maximum reeuirs^ 
proposal Guarantee for any proposal is $120?000*00* 


Proposal Guarantee Amounts? 

Zone No* 1? (City Wide Zone) 
Zone Mo* 2? (Southeast Zone) 
Zone No* 3t (Southwest Zone) 
Zone No* •‘St (Northern Zone) 


$ 120 ? 0 0 0 * 0 0 
$ 30?000*00 

$ ^ 0 ? 000,00 
$ ^ 0 ? 000*00 


The undersiGned bidder SGrees to forfeit the ssbsvs 
specified amount which will become the property of ttg- 
Board of Public Works? as liquidated dsmaces? should t-bl® 
Proposal be accepted and a contract be. awarded to hi.Ts 
he/she fail to enter into a contract in the form preserst^ 
and to furnish the required bond within ten (10) days- i>vt 
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otherwise the aforesaid proposal guarantee will be returned 
upon his/her sieninG the contract 3nd deliverinG ar« 
approved performance bond* 

In submittinG this bid it is understood that the riGht 
is reserved by the Owner to reject any and all bids? and it^ 
is understood that this bid may not be withdrawn duririG a 
period of sixty (60) days 3fter the scheduled time for the 
receipt of bids. 

Complete ■ information for (a) Work references? (b) Form 
96-Ai Financial Statement? Work Plan? Eeuipment list and 
list of Officers and Stockholders owniriG 10% or more? (c) 
Sanitary landfill operation if applicable? <d> 
Non-Collusion Affidavit? and (e) Affirmative Action 
ProGram* 

A Non-Collusion Affidavit as reeuired by the Statutes 
of the State of Indiana and Questionnaire Form 96-A of the 
Indiana State Board of Accounts are properly executed and 
attached hereto* 

Dated in «*»*»•*»»»**•• ♦♦♦♦♦♦»♦.*.. this. day of 

**.**..♦**.♦*♦♦♦.? 1981, 


SIGNATURE OF BIDDER: 


If an Idividual* 


doiriG business 


as 


If a Partnership: 


by ♦ ♦ ♦ 


If a Corporation: ♦♦*♦* 


by ♦ ♦ ♦ 
Title 


Partner 


. (SEAL) 


Business Address 
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NON-CuLLUSION AFFIDAVIT 


STATE OF **.**♦***♦*••**♦*♦♦*>■ 

) SSt 

COUNTY OF * » ♦ ♦ * * 4 ** 4 * ♦ * * > 


The undersiGned bidder or SGent* beiriG duly sworn on 
oath* says that, he/she has not? nor has any other member* 
representative* or scent of the firm* company* corporation* 
or partnership represented by him/her* entered into any 
combination* collusion* or acreement with any person 
relative to the price to be bid by anyone at such lettinG* 
nor to prevent 3ny person from biddinG* nor to induce 
anyone to refrain from biddinG* and that this bid is made 
without reference to any other bid and without any 
aGreemerit* understandinG * or combination with any other 
person in reference to such biddinG in any way or manner 
whatever♦ 


CONTRACTOR! 


Title (SEAL) 

Subscribed and sworn to before me this ♦ *** day of 

4 4 4 4 4 4 4 4 * 4 4 -* 1981* 


Notary Public 


My Commission Expires! 
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WORK EXPERIENCE 


The followins is a listinc of work, of similar character 
(Municipal Residential Collection) which the undersiGned 
has performed durins the last five (5) years! 

■ NAME OF CITY DATE & TERM OF CONTRACT CONTRACT PRICE 


The followinG is a listinc of work of similar character 
(Municipal Residential Collection) which the undersiGned is 
now performiriG! 


NAME OF CITY 


DATE S. TERM OF CONTRACT 


CONTRACT PRICE 










CONTRACT 


CITY OF FORT WAYNE, INDIANA 


18th , jy September 

THIS CONTRACT, Made the ♦♦♦♦ dsy of ♦*♦»*♦.. .. . 

loqi, by snd between . > s * c £* S * e . r y^ s * ♦ * * * * *. 

1 ' S1 D . . 5225 Old Maumee Rd v+ JL JO^§ox + p ft;.* Jg., 46896 

hereinafter called “Contractor*, ano the City of Fort 
Wayne, Allen County,' Indiana, a Municipal Corporation, 
setins by and throush its Board of Public Works, 
hereinafter called the “Owner 1 , 

WITNESSETH, that the Contractor snd the Owner for the 
consideration stated herein scree as follows: 


ARTICLE I, SCOPE OF WORK 

The Contractor shall and asrees to perform^everythins 
reauired to be performed and shall provide and furnish at 
its sole cost 3 nd expense all the labor, tools, materials, 
expendable eeuipment, transportation services, bonds and 
insurance reauired to perform and to complete m a 
workman-like manner all the work reauired for the disposal 
of solid waste includins sarbaee, rubbish and household 
rubbish as specified in the Propositions listed in Article 
II, indentified in these contractural documents as Contract 
No. ♦♦♦♦.♦**..♦♦♦..» all in strict accordance with the 
specifications and other contractual documents above 
mentioned which are hereby made a P3rt of this contract, 
snd the Contractor shall do everythine reauired by this 
contract and the other documents constitutes a part 
hereof* 


ARTICLE II, THE CONTRACT PRICE 

The Owner shall and asrees to pay to the Contractor for 
the performance of the aforementioned work as’ set out in 
Article I, as bid by successful bidder as follows! 
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PROPOSITION NO 


(Annual amount? ■first year) 


* it 


COST ADJ* 
OPTION 


NO. 

1 

NO. 

2 

NO. 

3 

NO. 

4 

NO. 

5 


COST ADJ 
OPTION 

NO. 

1 

NO. 

2 

NO. 

3 

NO. 


NO. 

5 


COST ADJ 
OPTION 

NO. 

1 

NO. 

2 

NO. 

3 

NO. 

4 

NO. 

5 


ZONE 

NO. 1 

ZONE 

NO. 2 


ZONE 

NO. 3 

$1,800,938.00 

....... 

...... 

. ♦♦*♦..♦. 

... 


...... 

. ........ 

.............. 


...... 

► ........ 


PROPOSITION NO. 

2 (Per Month? 

Per Unit) 

ZONE 

ZONE 

ZONE 

NO ♦ 1 

NO. 2 

NO. 3 


PROPOSITION NO* 3t (Per Month? Per Unit) 

ZONE ZONE ZONE 

NO*1 NO*2 NO.3 



ZONE 
NO. 4 


ZONE 
NO * ^ 


ZONE 
NO. 4 
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ARTICLE III, PAYMENTS TO CONTRACTOR 

No later than the thirtieth of the first month of the 
first year of the contract and on each succeeding thirtieth 
day of each calendar month followine, the Owner will make 
1/12 payment for solid waste collection and disposal as 
specified* At the discretion of the Contractor, 1/2-3 
payments may be made on the fifteenth and thirtieth of each 
month* 

The Contractor shall report to the Board of Public 
Works on a Quarterly basis, identifyins the number of units 
served under Proposition I, and the number of 'units under 
Proposition II by address, 3nd, if applicable, Proposition 
III, electins "sinsle family type’ service* The report 
will establish the number of units that" the Contractor will 
be reimbursed for, as stated in Proposition No* 2* Payment 
for Multi-Family units will be made concurrently with 
payments for sinsle family, duplex, and mobile home units 
under Proposition No* 1* 


ARTICLE IV, INSURANCE AND INDEMNIFICATION 

The Contractor asrees to provide Workman’s Compensation 
Insurance and Public Liability and Property Damase 
Insurance under the terms and conditions as set forth in 
the General Specifications and covenants and asrees to hold 
the Owner harmless from all suits and damases as more 
specifically set out and provided in said General 
Specifications* 


ARTICLE V, COMPONENT PARTS OF THIS CONTRACT 


This contract consists of the followins component parts 
all of which are as fully a part of this contract as if 
herein set out verbatim, or if not attached, as if hereto 
attached* 

1* Notice to Bidders 
2* Instructions to Bidders 
3* Specifications 
^* Proposal Form 
5* Non-Collusion Affidavit 
6* Form 96-A 

7* Statement of experience in Collection of 
Solid Waste 
8* Performance Bond 


PAGE 18 


P*. This Contract 
ID*. • Insursnca Certificates 
11*.' EEO/AA Documents C2) Exhibit *0* 


ARTICLE VI? APPROVAL OF CONTRACT-* 

This' contract? although, executed on behalf of the owner 
by Its Mayor snd by the Board of* Public Horks? shall not be 
bindlns or obllGatory upon the Owner unless snd until it 
shall have first beer* amp-roved by the Common Council of the 
Cits of Fort Wayne? snd should the Common Council of the 
Cits fail to approve same within thirty C30) days after the 
d3te hereof? this contract shall become snd be wholly void*. 

To each of the conditions snd stimulations* of this 
contract? .the undersigned* esch for itself? binds itself? 
Its successors snd sssiens* 

IN WITNESS WHEREOF* we the foreGoinG nsmed rsrties> 
hereunto set our hands snd sesls on .the day snd year first 
above written *. 


•ROBERT E. SETTLEMIRE, President 
: SCA SERVICES of INDIANA, INC. 



CITY OF FBRTL^AYNE^I^DIANA 

4 44 T 4 4 4 > 4 » 1 ?*V**'*ff 4 *■'*% 44* 4*444 

Winfield C* hoses? Jr*? Mayor 


BOARD OF PUBLIC WORKS 


Thomas H> Latchem? Chairman 

4 4 4 4 44444 4.4 44444444444444 4 444444 

Roberts Anderson Ststen? Member 
Betty ■'R* Collins? Member 








Clerk of the Bosrd 
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ACKNOWLEDGEMENT 


STATE OF INDIANA ) 

) SSi 

COUNTY OF ALLEN > 

Before me* the undersiened t a Notary Public in* and for 
qfd Cjau nty/and State r* peiv^on^lly- ap^re/ /tols f&*j day of 
1981 1 . » * ♦ <£♦ .. ♦ ♦ and 

kckKowledeed the execution of the foreeoine instrument to 
be his voluntary act and deed for the purposes herein 
mentioned♦ 


WITNESS my hand and Notary S> 


My Commission expires! 



Notary Public /> * . 
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ACKNOWLEDGEMENT 


STATE OF INDIANA > 

) SS t 

COUNTY OF ALLEN ) 

Before itie» the under si Gned ? a Notary Public in and for 
said CouAty . and /State? personally appeared this ♦/<?♦♦ day 
t f 19B1> Winfield C* Moses? Jr ♦ ? and 

also? Thomas W* Latchem ? Betty R + Collins? Roberta Anderson 

Staten? and Sandra Kennedy? Known to me to be the Mayor? 
the members of the Board of Public Works and the Clerk of 
said Board? respectively? of the City of Fort Wayne? 

Indiana? and Acknowledsed the foreGoinG agreement to be 

their voluntary act and deed of such Mayor? members of the 
Board of Public Works and Clerk of said Board of the City 
of Fort Wayne? Indiana? respectively? and the voluntary act 
and deed of said City* 
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CITY OF FORT WAYNE? INDIANA 
SOLID WASTE COLLECTION 
GENERAL SPECIFICATIONS 
1981 


1. INTENT AND PURPOSE;_ 

It is the intent of the CITY OF FORT WAYNE to furnish 
to its residents a comprehensive solid waste collection 
service consistins of a weekly pickup from the property of 
bagged and containerized Garbage? rubbish? and household 
rubbish* Collection service to be based upon total solid 
waste pickup from all residents? apartment complexes and 
mobile home courts within the boundaries of the specific 
Zones established in this Contract* Included? will be the 
pickup of all City operated facilities? excluding Aviation 
ano Parks? and all City 'Trash Cans** 


2* ZONES t. 

This contract will allow for up to three separate 
proposals within one bid* The City has been divided up 
into three Zones* Each Zone may be bid independently from 
each other? or any combination of Zones may be bid* As 
well as bidding ,on each? or any combination? of Zones? it 
is encouraged that each contractor bid on Zone No* 1* 
Loacation of each Zone and the number of dwelling units by 
size are attached to this document as Exhibit *A“* 


.3* DEFINITIONS t 

A* GARBAGE — The word ’sarbaee* as used herein shall 
mean and comprehend all and every refuse accumulation of 
animal? fish? fowl? fruit or vegetable matter that results 
from the preparation? use and cooking of food? tin cans? 
glass bottles and broken crockery which have been used as 
food or beverage holders? also old bottles? glass? china 
and crockery* 

B* RUBBISH - The word “rubbish" means all rags? broken 
glass? crockery? bottles? tin cans? paper? grass cuttings 
and household refuse? generally including extinguished 
incinerator ashes and refuse from paper burners? and cold 
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ashes from heatins plants and coal stoves* It is that 
material which is easily placed in household refuse 
containers* Hot coals are excluded* 

C* HOUSEHOLD RUBBISH - The word “household rubbish' 
will include the pickiriG up from residential property? 
apartment complexes and mobile home courts household Goods? 
household refuse? furniture? sprinGS and mattresses? tin 
cans? bottles? crockery? broken Glass? rsGs? Grass cuttines 
and other similar debris? hedse cuttinGs and shrubbery 
trimmiriGS bundled? boxed or otherwise contained? furnace 
pipe? stoves? water 'heaters? refrieerstors? television 
sets? trunks? incinerator refuse and cold ashes of all 
kinds and descriptions? wood not over 60 inches in lensth? 
all rubbish? trash? debris? waste? litter? scrap? packinss? 
excelsior? straw? metal cookins utensils? toys? porcelain? 
carpetinG? leather? shoes? clothinc? cardboard? household 
appliances? tree trimmincs? trees 3nd tree limbs under 60 
inches in lenGth* 

Excluded will be broken concrete and other refuse from 
repairs? alterations and new construction of buildiriGS and 
sidewalks? tree limbs and trunks over 60 inches in lenGth 
and debris from commercial or industrial establishments? 
and material which cannot be easily handled by one (1) man? 
or weiehs over 60 pounds. However? household appliances 
weiehiriG over 60 pounds will be picked up under Proposition 
No* 1* 

The Contractor shall remove all G3rbaee? rubbish and 
household rubbish at desicnated pickup sites? includins any 
debris dropped durine pickup* 


4* CONTROL AND PENALTIES/REWARDS: 

A* The Contractor shall work under the immediate 
supervision of the Board of Public Works of the City* 
Complaints? missed pickups and directions necessary for 
satisfactory service will be handled throuGh the Citizen 
Advocates Office* The Citizen Advocate (or. authorized 
representative) shall notify the Contractor? throuGh 
telephone communication? of any missed or unsatisfactory 
pickups? and the Contractor must make those pickups within 
48 hours. In addition? Contractor will work with the 
Citizen Advocate to resolve all citizen complaints and 
problems to the satisfaction of the Board of Public Works. 

B. The City of Fort Wayne shall conduct? in September 
of the first year (1982) and each followinc year of the 
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contract in the month of Msbi a telephone survey of ^00 
randomly selected homeowners within the City of Fort Wayne* 
Each of these ^00 homeowners shall be asked* 'How would 
you rate the sarbase service you receive from the City? 
excellentx Good? not so Good? or poor?** Of those who 
express an opinion? for each percentsee point above 20% of 
people who feel that sarbaGe service is "not so Good* or 
•poor"» the City shall deduct $2?00O from it's annual 
paymentx in one lum sum? within 30 days of conclusion of 
surveyx to the contractor* For every percentsse below 20% 
of those respondins "not so Good’ or "poor"? the City shall 
add $2x000 to it's annual paymentx in one lump sumx within 
30 days of conclusion of surveyx to the contractor* If the 
contractor Questions the validity of the opinion research 
conducted by the Cityx then it may * usins it’s own fundsx 
comission independent opinion research from a consultant 
Jointly aereed upon with the City. The same Question shall 
be used? and the City's penalty or reward shall be based on 
th independent opinion research* The formula for Quality of 
service penalty or reward shallx in shortx be as followst 
-I x (% indicatins GarbaGe service is not so Good or poor - 
20) x $2x000* 

C* In the event Contractor fails to collect and remove 
or properly dispose of GarbaGe or other materials herein 
provided forx in accordance with the terms of this 
contractx for a period of seven (7) days (Acts of God 
excepted)? the Board of Public Works of the City may? after 
written notice to Contractor of specific complaint? cause 
all such GarbaGe and such material to be collected and 
disposed of by City? or the City may contract with any 
other Contractor and utilize their manpower and equipment? 
and any and all costs and expenses which may be incurred by 
City shall be paid by Contractor to City immediately upon 
demand or may be paid by City out of or be charced aGainst 
any monies due Contractor from City? at the election of 
City* Should it then be determined that Contractor is 
unable or unwillins to comply with the terms of this 
contract? City shall have the richt forthwith to take over 
and operate any or all of Contractor’s eouipment and 
disposal facilities? includina any and all trucks? sites 
and other facilities used in connection with this contractx 
and such of Contractor's personnel necessary to the 
operation of the same as are individually willine to work 
for the City in connection therewith until such time as 
Contractor shall satisfy said Board of Public Works of City 
that it is ready? able and willinc to comply with all 
terms? conditions and provisions of this contract* In the 
event City has operated said collection and disposal system 
for 3 period of thirty (30> days? or upon any substantial 
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breach of* this contract? at the option of City? an 
appraisal committee will be appointed? consistins of three 
(3> members? one to be appointed by Contractor? one member 
appointed by the City? the third member will be appointed 
by the two so selected by the Contractor and the City* The 
committee shall have the sole and exclusive' 'authority to 
appraise and evaluate the trucks and other equipment of 
Contractor used in the performance of its obligations 
hereunder* Said committee shall forthwith appraise and 
evaluate said trucks and other equipment and shall file a 
written report thereof with said Board and with 
Contractor* The Board of Public Works of the City shall 
have the option? for a period of ninety (90) days 
thereafter? to purchase from Contractor all said trucks and 
other eouipment and landfill (if applicable) and to 
concurrently therewith transfer title to said trucks and 
equipment and landfill (if applicable)? the written 
Contract shall be thereby canceled and terminate* 


5* TYPE AND LOCATION OF CONTAINERS AND COLLECTION 

frequency: 

SINGLE FAMILY AND DUPLEX HOUSING UNITS - Each sinsle family 
and Duplex housing unit shall receive total pick up of 
solid waste (GarbaGe and rubbish and household rubbish) 

once a week on a reGular schedule* The Contractor shall 
desiGnate a pick up spot for each residence within five, 
feet of the residential units property line - at either a 
curb side or alley side location at the option of the 

contractor* The residents of each siriGle family or duplex 
housins unit shall place solid waste within 6 feet of 
either side of the designated location in metal or plastic 
cans? plastic refuse or compactor bags of not more than 30 
gallon capacity* The Contractor shall be paid for solid 
waste disposal service to sinGle family and duplex units in 
the amount bid under Proposition No, i* From all alley 

collection points where a fence exists? pickup will be made 
from alley side of fence* 


MULTI-FAMILY HOUSING UNITS (Three (3) units and larger) - 
Each multi-family housing complex shall receive total 
pickup of solid waste (Garbage? rubbish? and household 
rubbish)? once a week on 3 regular schedule* The residents 
of each unit shall place solid waste in a metal or plastic 
can? plastic refuse or compactor bag of not more than 30 
gallon capacity* A pickup site location may be aGreed upon 
between property owner or manager and the contractor* Such 
site will be easily accessible for contractor's truck to 
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drive within 30 feet thereof)' for esse of loadins . In ell 
cases? adequate drives must be provided to allow iriGress 
and eeress of contractor's trucks and the complex 
owner/manaGer must submit written authorisation to the 
contractor permittinG the contractor to enter the premises 
and to hold the contractor harmless to any damaGes 
resultine therefrom* However» contractor shall be 
responsible for any damaees caused by neGlicence on its 
part. 

Copies of the written authorisation to a premise 
sisned by the property owner/manaGer and the site location 
of the Garbace pickup on the premise are the responsibility 
of the contractor to obtain. Copies of such documents will 
be placed on file in the Board of Public Works. In case a 
property owner/manaGer of the multi-family unit and the 
contractor disacree on the site location? the Board of 
Public Works will arbitrate? accept or reject the site 
location? as defined by the specifications of the contract. 


MOBILE HOME UNITS - Each Mobile Home unit shall receive 
total pickup of solid waste (ssrbase? rubbish and household 
rubbish) once a week on a reGular schedule* The Contractor 
shall desisnate a pickup spot for each unit within five 
feet of curb. The resident of each unit shall place solid 
waste within 6 feet of either side of desienated location 
in metal or plastic cans? plastic refuse or compactor baGS 
of not more than 30 Gallon capacity. Above services to be 
paid for under Proposition No. 1. 


(a) Mobile home court owner must provide adeeuste 
streets approved by Board of Public Works for 
iriGress and eGress to all mobile homes reeuirine 
service. Said streets to accommodate Contractor's 
trucks and allow for pickup at curb. 


(b) Mobile home court owner must submit written 
authorisation to the Board of Public Works 
permittinG Contractor to enter premises, 3nd hold 
Contractor harmless to any damaGes resultinG 
therefrom. However? Contractor shall be 
responsible for any damaGes caused by neeliGence on 
his part or any of his employees* 


CITY FACILITIES - Contractor shall furnish service to all 
City Owned or Leased facilities (except Aviation and Parks) 
which produce refuse? on the basis of weekly or daily 
collections. Frequency of collection will be determined by 
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the Board of Public Works* A list of City Facilities 
including type of collection is attached as Exhibit "C". 


( 3 ) Container size will vary from facility to 
facility. No charge is to be levied by Contractor 
to City for rental or use of any special container 
(bin or dumpster)* such container* if needed* will 
be supplied by Contractor during the period of the 
Contract. > 

(b) Any additional equipment or collections will 
have to be Justified by the Board by additional 
City service or building. 


SERVICE PROVIDED BY CONTRACTORt The Contractor awarded the 
contract for any Zone* 1 through shall be reimbursed by 
the City for the collection and disposal of GarbaGe* 
rubbish and household rubbish provided to single family* 
duplex* mobile home and multi-family units electing 
identical sinGle family type* service under the conditions 
prescribed in the preceedinG section. 


6 . TIME OF OPERATION: 

RESIDENTIAL - Including Apartment Complexes and Mobile 
Home Courts. Unless otherwise mutually agreed upon by the 
Board of Public Works and Contractor* collection of solid 
waste shall not commence before 5: 00 A.M. and shall be 
completed by 11.00 P.M. on any single day of collection. 
No collection shall be made on Sundays or the following 
holidays: New Year's Day* Memorial Day* Independence Day* 
Labor Day* Thanksgiving Day and Christmas Day. 

CITY FACILITIES - Pickups will be made at the City 
Facilities 3t hours to be approved by the Board of Public 
Works. The Board of Public Works will annually provide an 
up to date listinG of locations of pickups. 

City shall advise Contractor of street or alley 
closings and assist therein by providing access to 
accomplish required collections. City may* at Contractor’s 
reauest and expense* post *No Parking" signs to facilitate 
collections in tiGht locations. 
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7. TRASH CANS AND CONTAINERSi 

All City owned trash cans end .containers in the 
downtown eree (srrroxirastela 70 at present time) to be 
emptied daily? Monday through Friday? .by the Contractor 
awarded the Zone where those containers are located? The 
loacation of the trash cans will be provided to Contractor 
by the Board of Public Works* 


8* equipment: * 

The Contractor will furnish all equipment? labor and 
supervision necessary to collect S3id sarbase and rubbish? 
and will contract with? or furnish one or more disposal 
sites for the complete disposal of said Gsrbase, Each 
bidder shall submit with his/her proposal? types of all 
equipment to be used in the performance of the proposed 
contract* Equipment to be used for haulins rubbish and 
Garbage shall be of late model? steel body? non-leakable? 
and of the automatic packer type capable of collectins all 
household rubbish as defined in General Specifications 2 
<c)? during regular pickup schedule* The equipment shall 
be in such condition that the schedule of collection? as 
presented to the Board of Public Works? can be maintained* 
Breakdowns or faulty equipment will not be sufficient 
reason to deviate from this schedule* The Contractor shall 
use eeuipment eoual in type? specifications? usual wear and 
tear excepted? at all times durine the performance of the 
contract? 3nd shall promptly scouire and use such 
additional eeuipment as performance of the contract shall 
from time-to-time reeuire* The eeuipment must be available 
fifteen (15) days before the collections are to be made 
under the contract? at which time they will be inspected by 
the City* 

The name of the company and the truck number shall be 
painted on both sides of the truck with letters and fisures 
not less than seven (7) inches high* The Contractor must 
have his/her trucks washed a minimum of three (3) time per 
week* 


The Contractor must make available 
space on both sides of each truck to 
siGns that the City will provide* The 
will be no larser than 30’ in heiGht 
The City will provide the brackets. 


to the City 3deeuate 
hold informational 
size of the sicns 
and 60’ in lenGth. 
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9* EMPLOYEE CONTROLi 


>< 


All of the Contractors employees shall he competent arid 
able to perform the duties assiGned to them for all work 
covered fay this contract* The Contractor "must employ only 
neatr orderly* courteous*- sober* competent and efficient 
employees and shall remove ar.y employee who refuses or 
neslect to obey or carry out any of it's or the Board of 
Public Works instructions and such person shall not aGain 
be employed in the work covered by this contract* The 
Contractor shall prohibit drinkiriG of alcoholic beveraGes 
by its employees while on duty or in the course of 
performiriG their duties under this Contract* 

The Contractor shall Give his/her personal supervision 
to the work or have assiGned at all times a competent 
supervisor or other representative satisfactory to the 
Board of Public Works and haviriG authority to act for the 
Contractor* 


10, DISPOSAL OF waste: 

All solid waste collected by the Contractor shall be 
disposed of by the sanitary landfill method* or by other 
methods approved by the Board of Public Works* Contractor 
shall pay all costs for disposal of Solid Wastes collected 
under this Contract* The Contractor shall contract with or 
furnish a suitable site adequately zoned for the sanitary 
landfill* which site will have the prior and continued 
written approval of the Indiana State Board of Health for 
said waste disposal and lime and sewaGe sludGe disposal* 
the Board of Health of the County in which it is located 
and the Fort Wayne* Allen County Board of Health* 

Any proposed landfill site and operation thereof shall 
meet the requirements of the Indiana Stream Pollution 
Control E’-oard Peculations SPC-18* Solid Waste Management 
Permit effective Aucust 15* 197^* Peculation SPC-18 shall 
be made a part of these specifications for the purpose of 
scouirinG and operatins a sanitary landfill* 

Bidders shall have forty-five <^5> days from the date 
bids are received to submit evidence that each proposed 
landfill complies with the standards and requirements as 
set forth above* as well as any other laws or reculations 
GOverniriG the operation of a sanitary landfill* Failure to 
meet these requirements may be cause for rejection of a 
bid ♦ 
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11* COMPENSATION 


City shall psy the Contractor monthly'*' Compensation 
shall be 1/12 of 1 the total bid amount* or at the discretion 
of the Contractor? 1/2-1 payments may be made twice monthly* 
For the second and subsequent contract years* the number of 
additional collection units will be used as the basis upon 
which compensation shall be increased* to which there shall 
be added a fieure equal to the number of sinGle family* 
duplex and mobile home units constructed or otherwise 
created? within the limits of the Zone for which this 
contract is written? for the annual period immediately 
followinG the prior year for which such computation is 
made? as supplied by the Board of Public Works for the City 
of Fort Wayne* Said fieure to be used for compensation 
shall be adjusted nesatively based upon all dwelliriG units 
which are demolished and razed* 

Should any territory be annexed to City? a fiGure eeual 
to the actual number of sinGle family? duplex and mobile 
home units therein on the basis of a physical count made by 
the City? shall be added to the contract of and effective 
upon the effective date that such annexation is complete 
and final as prescribed in the applicable statute of the 
State of Indiana on annexation? and such compensations 
shall be forthwith increased accordincly* Should any 
territory be annexed after bid date and prior to startins 
of contract? such collection units shall be added to the 
first year's compensation unit fisure* 

The Contractor shall report to the Board of Public 
Works on a Quarterly basis? identifyine the number of units 
served under Proposition I? and the number of units undr 
Proposition II by address? and? if applicable? Proposition 
III? electins “sinGle family type* service* The report 
will establish the number of units that the Contractor will 
be reimbursed for? as stated in Proposition No* 2* Payment 
for Multi-Family units will be made concurrently with 
payments for sinGle family? duplex and mobile home units 
under Proposition No* 1. 


12* ASSIGNMENT i 

The Contractor shall not assiGn the contract or sublet 
as a whole or in part without the written consent of the 
City* Such assiGnment shall not release the Contractor 
from any of his/her oblications and liabilities under the 
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contract* Violation of this specification shall result in 
instant termination* Any violation of the specifications 
in this contract shall be sufficient cause for the 
immediate cancellation or issuance of penalties? by the 
Board of Public Works? who may thereupon employ the 
necessary labor to perform the work or re'advertise or relet 
the work? at the expense of the offendiriG Contractor and 
his/her sureties* 


13* TERM OF AGREEMENT: 

The term of this contract shall be for a period of six 
(6) years becinninG January 1? 1982 and endirsG December 31? 
1987? with an Option to renew with the approval of all 
contractinG parties for a period not to exceed one <i) year, 
conformins with the same terms and conditions established 
with this initial contract* 


14*. INDEMNIFICATION i 

The Contractor does aGreet 

To indemnify and save City harmless from? includiriG 
Attorney fees? any and all liability whatsoever 
Growina out of any injury or daraase to property or 
persons because of any nedect or fault of 
Contractor? its asents or employees? in the 
carryins out of this contract? or any matters 
connected therewith or related thereto* 

To? on notice Given by City? defend .at its own 
expense any action or suit brouGht aeainst City 
because of any work or other acts done by 
Contractor under terms hereofi 

To pay any JudGement which may be obtained aGainst 
City by reason of any work or acts done hereunder 
by Contractor? its asents or employees# 

To pay all damaGes occurririG to any persons or 
property? public or private? resultinc from any 
fault or neslect on its part or on the part of its 
asents or employees* 

To promptly repair any damsGe to yard? driveways? 
alleys? curbs? streets? etc*? other than normal 
wear and tear* 
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is* insurance: 

The Contractor shall at all times durinc the Contract 
maintain in full force and effect Employer's Liability* 
Workmen’s Compensation* Public Liability and Property 
DamaGe insurance* includins contractual liability coverase 
for the provisions of Section 15 (Indemnification)* All 
insurance shall be by insurers and for policy limits 
acceptable -to the City 3nd before commencement of work 
hereunder the Contractor ssrees to furnish the City 
certificates of insurance or other evidence satisfactory to 
the City to the effect that such insurance has been 
procured and is in force* The certificates shall contain 
the followiriG express obliGationt 


'This is to certify that the policies of 


insurance described herein have been issued to the 
insured for whom this certificate is executed and 
are in force at this time* In the event of 
cancellation or material chanse in a policy 
affectins the certificate holder* thirty (30) days 
prior written notice will be Given the certificate 
holder*” . . 


For the purpose of the Contract* the Contractor shall 
carry the followiriG types of insurance in at least the 
limits specified belowt 


Coversees 


Limits of Liability 


Workmen's Compensation 


Statutory 


Employer's Liability 


$500*000 


Bodily Injury Liability 
Except Automobile 


$500*000 each occurrence 
$1*000*000 3GGreGate 


Property DamaGe Liability 
Except Automobile 


$500*000 each occurrence 
$1*000*000 aGGreaate 


Automobile Bodily Injury 
Liability 


$500*000 each person 
$1*000*000 ea occurrence 


Automobile Prop DamaGe 
Liability 


$500*000 each occurrence 


Excess Umbrella Liability $5*000*000 ea occurrence 
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For purposes of this Contract? the Contractor shall 
cause the City to become a named insured on any and all 
such policies of Insurance referred to herein? as the 
City's interest may appear* The Contractor shall furnish 
to the City? prior to 30 days of the besinninG of the 
Contract? Certificates of Compliance with all the foresoins 
insurance requirements» Failure to do so is cause for 
termination of the contract* 


16. COMPLIANCE WITH LAWS - PERMITS* 

Contractor shall obtain at its own cost? and keep 
current? all permits? licenses? and bonds necessary for the 
conduct and completion of the work 3 nd/or required by 
Municipal? State and Federal Peculations and Laws? 
includins Affirmative Action? unless specifically, provided 
otherwise in Contract documents* 

The Contractor shall Give all notices? pay all fees? 
and comply with all federal? state and municipal laws? 
ordinances? rules? and resulations bearins on the conduct 
and completion of the work. This Contract? as to all 
matters not particularly referred to and defined .therein 
shall notwithstanding ? be subject to the provisions of all 
pertinent state statutes and ordinances of the 
municipality? which ordinances are hereby made a part 
hereof with the same force and effect as if specifically 
set out herein* 


17. BID BONDI 

A Certified Check? Cashier's Check? or Bank Draft drawn 
on a solvent bank payable without condition to the City of 
Fort Wayne? Indiana? or a satisfactory bid Bond executed by 
the Bidder and a surety company? in the amount . reeuired for 
the Zone or Zones beins Bid? shall be submitted with each 
bid as a Guarantee that if the bid is accepted by the City 
of Fort Wayne? a contract will be entered into and the 
performance of the contract will be entered into and the 
performance of the contract properly secured* No bid shall 
be withdrawn after openinG of bids for a period of sixty 
(60) days after scheduled date and time of openinG bids. 
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The bid bond amounts reauired will depend on the Zone 
or Zones beiriG bid* The amounts are as follows! 


Zone No* 1! (City Wide Bid) 
Zone No* 2t (Southeast Zone) 
Zone No* 3! (Southwest Zone) 
Zone No* 4i (Northern Zone) 


$ 120 * 000*00 
$ 40*000*00 
$ 40*000*00 
$ 40*000*00 


If Contractor is biddir.G Zone No* 1 alone with any 
other Zones independently * the Contractor is . responsible 
for only submittins the maximum amount for Zone No* 1. If 
Contractor is biddinG on only one or two Zones* the 
Contractor must submit an amount eausl to the sum of the 
amounts for the Zones beine bid* At no time must a Bid 
Bond be submitted Greater than $120 * 0 0 0,* 00 * 

In case a bid is not accepted* the oblicatior. of the 
said bond shall be null and void and said certified check* 
cashier’s check* or bank draft shall be returned to the 
bidder* 

In case a bid is accepted? and the Bidder does enter 
into Contract with the City of Fort Wayne for the work bid 
upon within ten (10) days after notification of award* and 
has furnished a performance bond as reouired* then the 
oblisation of the bid bond shall be null and void or the 
said certified check* cashier's check* or bank draft shall 
be returned. In Case a bid is accepted and the Bidder 
shall refuse or neslect to enter into a contract with the 
City of Fort Wayne* for the work bid upon* within ten (10) 
days after notification of acceptance and award* and h 3 s 
furnished bid bond as reouired* then the oblisation of the 
bid bond shall remain in full force or said certified 
check* cashier's check* or bank draft shall be forfeited to 
the City of Fort Wasne as ascertained and liauidated 
dsni3Ges for failure to so comply* 


18* PERFORMANCE BOND! 

The successful bidder* at the time of siGnins the 
contract and fifteen (15) days prior to the beeinnins of 
each contract year* will be reouired? at his/her own 
expense* to furnish an annual bond Guaranteeins faithful 
performance of the contract in an amount reauired for the 
Zone or Zones beins awarded to the successful Contractor 
under this contract executed by the Bidder and Surety to be 
approved by the Board of Public Works* The performance 
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bond shsll contain the following clause* "The said Surety? 
for .value received? hereby stipulates and across that no 
chanee? extension of time? alteration or addition to the 
terms of the contract or to the work- to be performed 
thereunder? or the specifications accompanying the same? 
shall in any way effect his/her oblisation on this bond? 
and it does hereby waive notice of any such chance? 
extension of time? alteration or addition to the terms of 
the contract? or to specifications of work"? 

The Performance Bond amounts required will depend on 
the Zone or Zones awarded. The amounts are as followst 


Zone No. It (City Hide Bid) 
Zone No* ZX (Southeast Zone) 
Zone No. 3* (Southwest Zone) 
Zone No. (Northern Zone) 


$ 1?050?000.00 
, $ 350?000.00 

$ 35 0?000.00 

$ 350?000.00 


Notwithstanding on how the bid-is awarded? the maximum 
Performance Bond would be $?1?050 ? 000.00♦ 


19. UNUSUAL INCREASE/DECREASE IN COSTS DUE TO CITY 
GOVERNMENT ACTIONS X 

In the event that lsrse increases (or decreases) in the 
cost of operation of the work of this Contract occur 
because of city Government action? the Contract amount may 
be adjusted by mutual acreement of the two parties. 
Adjustment of the Contract amount for this reason shall be 
limited to the items that cannot be reasonably anticipated 
by the Contractor at the time of biddine. The Contractor 
shsll supply detailed information concernins his/her 
reauest for consideration for any increase for the Board of 
Public Work's consideration* 


20. TERMS AND CONDITIONS X 

The successful bidder shsll enter into a contract with 
the City of Fort Wayne containing in substantial form the 
terms and conditions set out in the proposed contract? for 
the established Zone or Zones? as follows. 

The Contractor shsll enter the amounts of his/her bid 
for the follow-ins Propositions in the areas provided in the 
Proposal portions of this bid. 




Proposition Mo* it 

For the complete performance of all the terms* 
conditions and provisions of Proposition No* 1* as per 
specifiations* namely* 

A six C6) year contract providinG for total solid waste 
Cincludins Gsrbsse? rubbish* and household rubbish) 
collection and disposal on a weekly schedule front 

(a) Curb or alley location for each household* duplex 
and mobile home unit. 

r Cb) Collection* as required* of all City Facilities 
Cexcept Aviation and Parks) and all City owned trash 
cans and containers* * 


Proposition No* 2* 

For the complete performance of all the terms* 
conditions and provisions of Proposition No* 2* as 
specifications* namely* 

A six Co) year contract providinG for total solid waste 
CincludinG GarbaGe* rubbish* and household rubbish) 
collection and disposal on a weekly schedule from 
Multi-Family units* 

Ca) Per unit price for once a week "sincle family 
type" pickup of Multi-Family units! 


Proposition No* 3! 

Adjustments in the contract price* per zone* for the 
providinG of collection and disposal of solid waste caused 
by chaoses in the total number of.residences referred to 
herein* resulting from annexation* new construction or 
demolition* 


21. CHANGE IN COST OF DOING BUSINESS* 

The compensation payable to the Contractor in 
Proposition Numbers 1* 2 and 3* for the second and 
subsequent years of the term hereof shall be adjusted as 
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provided below* To silow flexibility snd increase 

competition, the Contractor is requested to bid? usins all 
five options* The City, while evaluatir.s the-bids, will 
choose the bid snd the option most beneficial to the City 
over the term of the contract* 

The cost option <1*2*3,4 or 5) that the contractor 
proposes and subsequently the City selects as the “most 
beneficial to the City" will be the cost adjustment formula 
used for the six years of the contract* If the City elects 
to extend the contract for one more year (7th year) the 
same cost adjustment' option will be in effect* 

All reference to CPI, (Consumer Price Index) throushout 
th Proposal, Specifications, Contract and Addendums, will 
be based as follows! 

ChlanGe in CPI will be measured on an annual basis with 
measurement period correspondir.G to the Federal BudGet 
Fiscal Year, beGinnins October i, and endinG September 
30* (except Cost Adjustment Options No* 1 and 2 in 
Specifications, Section 21.) This measure was chosen 
so that final chance in CPI will be available before 
the Civil City fiscal year becins, which is January 1. 
This time period also corresponds to the beGinninG of 
- each contract year to which the formula chanse applies* 
CPI measurement will basin October 1, 1981, and close 
September 30, 1982, for the Contract year beGinr.ir.G 

January 1, 1983* 

In cost adjustments No* 1 and 2, CPI is based or. the 
calender year January 1. to December 31* Cost 
adjustment option No* 3 reeuires a certified'audit and 
approval of the Board of Public Workds by January 1 of 
each affected year. Therefore, the CPI may be set for 
cost adjustment option No* 3 as described above* 


Option No* 1! (80% CPI) 

At the start of the second year and each year 
thereafter, compensation to the Contractor shall be 
increased or decreased in an amount eausl to 0*8 multiplied 
by the net percentace chariGe in the CPI as follows! 


PAGE 37 


Exams'll 




Jan 1*1983 

to 1 

Dec 31*1983 


CCPI for Dec 1.9S2-CPI for Dec 1981 X 0*8) Base Bid 
C CPI for Dec* 1981 > 12 


Jar, 1*198** 
to 

Dec 31*198** 


(CPI for Dec 1933-CPI for Dec 1982 X 0*8> 

1 + --- 

( CPI for Dec* 1981 ) 


Base Bid 

X-- 

12 


Option No* 2i (110% CPI) 


At the start of the second sear and 
thereafter* compensation to the Contractor 
increased or decreased in an amount eeual to 1.1 
bs the net percentsse chance in CPI as follows: 


each sear 
shall be 
multiplied 


Example: 


Jan 1*1983 

to 1 

Dec 31*1983 


Jan 1 * 198** 

to 1 

Dec 31*198** 


(CPI for Dec 1982-CPI for Dec 1981 X 1.1) 

< CPI for Dec. 1981 ) 

(CPI for Dec 19S3-CPI for Dec.1982 X 1*1) 

( CPI for Dec* 1981 ) 


Base Bid 
12 


Base Bid 


12 


Option No* 3: (Cost plus Rate of Return) 

At the start of the second sear and each sear 
thereafter* compensation to the Contractor shall be 
increased or decreased ir, an amount eeual to the 
Contractors chanse in allowable expenses plus a•fluctuatins 
rate of return. 


For Clarification: 

Last sears cost - this refers.to the bid amount as 
established by bid* for the first 
sear* 3nd any adjustments to the bid 
amount actually paid to the Con¬ 
tractor for subseeuent sears* 
















This years cost - For the 1983 Adjustment, this re¬ 
fers to the actual costs incurred 
by the Contractor for the first 
three Quarters of the year prior to 
the date of adjustment, supported by 
a Certified Audit* The first three 
Quarters (9 months) will be averased 
to establish an annual cost fiGure* 

For all subsequent years, this refers 
to the actual costs incurred by the 
Contractor for the 12 month period 
endins September 30, supported by a 
Certified Audit, prior to the January 
adjustment date* 

Examplei COST ADJUSTMENT FOR YEAR - 1983: 

Last years cost = oricinal bid amount 

This years cost = Actual costs for the first 
9 months of 1982* (Costs to be sveraeed 
and annualized for makins cost cal¬ 
culations) 

COST ADJUSTMENT FOR YEAR - 198"}: 

Last years cost = 1983 Contract Payments 

This years cost = Actual costs for the last 
3 months of 1982 and the first 9 months 
of 1983♦ 

Allowable expenses include, reimbursement for labor 
costs, purchases and maintenance of rolliriG stock, landfill 
cost, insurance, Workmans Compensation, Taxes, 

depreciation, interest, and such other items deemed to be 
normal business expenses by the Board of Public Works* 

x Subtact last years costs from this years cost to find 
the chanGe in costs (+ or -)* 
x Divide the chance in costs by last years costs to 
find the percentsea chance* 

Multiply CPx by *8, and subtract the percentase 
charge in costs from the 80 7. of CPX, multiply the 
difference by *5 to find the incentive variable %* 
s: Multiply the % incentive variable by last years cost 
and add the total to ci lance in costs to determine 
the amount of increase or decrease* 
s< Add last years cost to the adjusted increase or 
decrease to determine the new contract amount* 
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(Last years cost 
(This years cost 
(CPI x *3 

(Chance in costs (+ or -) 

(% chanse (+ or -) 

( *5 

(Incentive variable % 

(New contract amount 

Formula* B - A = D» 

D 7 A = E» 

C - E x F = G? 

GxA + D + A- H (New Contract Amount) 

Example! - ? 

Variables* (Lsst years cost = 2?G00y000> 

(This years cost = 2yl50y00G) 

(Chance in CPI = 12%) 

2r150 y 0 0 0 - 2y 000 y 000 - 150 y 0 0 0 y 
150y000 f 2y000y000 = *075y 
♦ 096 - ♦075 x ♦5 = *0105y 

♦0105 X 2y000y000 + 150y000 + 2y000y000 = 

$2y171y000♦00 (New Contract Amount) 

The formula protects the Contractor by allowins his/her 
expenses to be reimbursed by the Cits* Consieuentlyy each 
1% increase in Contractor costs Greater than *8 x CPI 
reduces Contractors rate of return by 1/2%♦ Howevery for 
each percentaee point in cost increases lower than *3 x 
CPIr the Contractor receives a 1/2% increase in the rate of 
return* If the Contractor utilises this formulay the Board 
of Public Works will require Certified Auditsy of which 
costs will be paid by contractory to verify the amount of 
allowable expenses* 


= A) 
= B) 
= C) 
= D) 
= E)' 

= F) 
= G) 
= H) 


Option No* (Sanitation Service Price Index) 

At the start of the second year and each year 
thereaftery compensation to the Contractor shall be 
increased or decreased in an amount based on a "Sanitation 
Service Price Index"♦ The Formula used is listed below* 
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Form»jl a! ■■— _ 

<♦1 x % chanse in Fuel prices x last years bid: 
(♦2 x % chense in CPI x last years bid) + 

(.1 x % chanse in Labor Costs x last years ,bid)+ 
(♦2 x *1 x last years bid) + 

(last years bid) = New Bid Amount 


(Last years bid - 2*000*000) 
(Fuel Prices - up 15%) 

(CPI - up 12%) 

(Labor Costs - up 13%) 



(♦1 x *15 x 
(.1 x ♦13 x 
( 2 * 000 * 000 ) 


2 *000*000) + ( .2 x *12 x 2*000,000) + 
2*000*000) + (*2 X .1 X 2*000*000) + 

= $2*222*000 (New Contract Amount) 


Option No. 5! (straight 10%) 

At the start of the second year and each year 
thereafter* compensation to the Contractor shall be 
increased or decreased in an amount eoual to a flat 10% 
increase. 

Formula! 

Last year's base + (last year's base X .1) 

CONSUMER'S PRICE INDEX! CPI* as referred to in this 
Section* is the Consumer's Price Index* published by the 
U.S. Department of Labor* Bureau of Labor Statistics* for 
*A11 Items* in the *U.S. City AveraGe* catecory* 


22. REPORTS! 

The Contractor shall submit Quarterly written reports* 
broken down by month* to the Board of Public Works 
detailinG the number of tons or compacted cubic yards of 
Municipal Waste collected by the Contractor, and 3ll other 
report reauests as identified in Specifications* Proposal 
and Contract. 
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23* acceptance: 




The Board of Public Works reserves the riGht to accept 
and/or to reject any or all proposals* Any alteration? 
erasure? or interlineation of the Contract Document and of 
the form of the proposal itself may render the proposal 
irreGulsr ♦ Consequently? the Board of Works may reject the 
proposal or waive said defects and irresularities in the 
proposal* 

The Board expressly reserves the risht to JudGe the 
experience? capability and financial resources of bidders 
to successfully perform this contract 3nd when found 
unsatisfactory? reject the bid. 


2 .T* LIST OF OFFICERS AND STOCKHOLDERS t 

Bidders shall submit a list of all corporate officers 
and all stockholders who own over 10% of their respective 
companies* All partnership or Joint venture bidders shall 
list all partners or members of the venture and their 
respective percentsce of participation in said partnership 
or Joint venture* (Include in Form ?<S-A) 


25* AFFIRMATIVE ACTION: 

The Contractor shall comply with all appropriate 
Affirmative Action requirements? and further? the 
Contractor shall not discriminate in its carryine out if 
its duties hereunder on the basis of Race? Creed? Color? 
Sex? National Oriein or Relicion or any other proscribed 
basis* (See Exhibit *D‘) 

The Contractor screes to furnish a certificate from the 
Industrial Board of State of Indiana? showine that he/she 
has complied with all the provisions of the Workmen's 
Compensation Act of the State of Indiana? and the Workmen's 
Compensations! Diseases Act of the State of Indians* 

The Contractor will submit with his/her bid proposal 
packaGe? the City of Fort Wayne Contractor Compliance 
Documents (2). the City may reject a contractors bid 
proposal if such documents are not included 3 nd/or 
complete* The Contractor awarded the Contract must update 
the City Affirmative Action documents annually on the 
anniversary date of the award. Contractor Affirmative 
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Action documents will be kept on file in the City Personnel 
Office♦ * 


26 . RIGHTS OF WORKERS; 

The successful bidder shall be required to. abide by the 
National Labor Relations Act* as amended in 1959* U.S. Code 
Title 29* Sections 1^1-168* Guaranteeins the riGhts of 
workers to orsanize and to barGain collectively with their 
employers* or to refrain from all such activity. 


27* GENERAL CONDITIONS; 

A* In all work performed hereunder* the successful 
bidder shall be reeuired to comply strictly with all City* 
County* State* and Federal laws in force applicable to the 
successful bidder's operation* to comply with and be 
subject to the order and applicable reGulations of the 
Board of Health and all other Departments and 3Gencies of 
the City* and in all thinos to conform to an abide by the 
laws of the State of Indiana. 

B* The successful ■ bidder shall furnish City a 
certificate from the Industrial Board of the State of 
Indiana* certifyins that it has complied with the terms and 
conditions of the Workmen's Compensation Act and the 
Occupational Diseases Act of the State of Indiana. 

C* The failure on the part of the City to declare this 
contract terminated or otherwise to enforce its riGhts 
hereunder* upon the default of the successful bidder or the 
failure of the successful bidder to perform any of the 
terms* provisions* or conditions hereof* shall not operate 
to bar* abridce or destroy the riGht of City to declare 
this contract null and void or to excercise its other 
riGhts and privileges upon any subseeuent' default or 
failure by the successful bidder to perform any of the 
terms* provisions or conditions hereof* 

D. It is understood that the contract will consist of 
the Notice to Bidders* Instructions to E:idders* General 
Specifications* Proposal Form* Non-Collusion Affidavit? 
Statement of Experience in Municipal GarbaGe and Rubbish 
Collection* Site and approval of Sanitary Landfill Site for 
Disposal of Garbage and Refuse Collected* Statement of 
Availability of Equipment* Work Plan* Performance Bond* 
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Contract and Insurance Certificates? Completed Form 96-A? 
Affirmative Action Prosram? Certificate from Industrial 
Board which are by reference thereto made a part of this 
contract as fully and effectually as if set out in full 
detail* 

E* It is understood that this contract is subject to 
approval by ordinance of the Common Council of the City of 
Fort Wayne* 

F* The successful bidder shall furnish City? thirty 
(30) days prior to beGinriinG operations? a detailed map and 
schedule of routes and collection points showine days of 
collections? and said maps and schedules shall be kept 
current by the successful bidder* Any alteration in the 
routes? collection points or scheduled days of collection 
must be submitted to the Board of Public Works for approval 
in advance* Notification of collection points and 
schedules to the homeowner shall be at the Contractors 
expense* 
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EXHIBIT "A* 


For the purposes of this bid* the City has been divided 
into three (3) Zones* including 3 fourth Zone combinins sll 
Zones. A msp detailins the Zone boundaries is sttsched 
hereto as Exhibit *E:°* 

The fisures used here as estimates* have been obtained 
throueh the Community Development and Plannins Department 
of the City of Fort Wayne. These fiGures represent the 
number of dwellinss* but does not reflect any vacancy 
factor* The total vacany rate* as measured by Community 
Development and Plannins in 1980* is 7.5%. 

The fisures listed below are estimates only* and are to 
provide the Bidder with some information as to the number 
of dwelliriGS for each Zone. The City is not responsible 
for these fisures and shall not be held liable for them. 


Zone No. it (City Wide Zone) 

This Zone includes Zones 2* 3 and T. 

No. of Sinsle Family* Duplex and Nobile 

Home Structures 

Total Structures = To * 56? 

No. of Multi-Family Units 

(Three units per dwellinG and over) 

Total Units - 16*530 


Zone No. 2% (Southeast Zone) 

No. of Sinsle Family* Duplex and Nobile 

Home Structures 

Total Structures = 16*557 

No. of Multi-Family Units 

(Three units per dwellinG and over) 

Total Units ~ 3*815 


Zone No* 3i (Southwest Zone) 

No* of Sincle Family? Duplex and Mobile 

Home Structures 

Total Structures = 15?123 

No* of Multi-Family Units 

(Three units per dwellins and over) 

Total Units = 


Zone No* ^* (Northern Zone) 

No* of Sinale Family? Duplex and Mobile 

Home Structures 

Total Structures = 16?889 

No* of Multi-Family Units 

(Three units per dwellinG and over) 

Total Units « 8?286 


City Containers 






FARTHEST. '" •' 

- 


WEEKLY 

ADDRESS 

CONTAINER 

PICKUP 

ty Utilities Garage. 

1705 S. Lafayette • 

• Takes to St. Dept. 


amunications Radio■Shop 

1730 S. Lafayette 

Same as Traffic 

Wed. 

re Station £l - 

419 E. Main 

Has -3 yd.-Needs 4 yd. 

Wed. - 

re Station. £2 

2023 Taylor 

Has 2 yd.-OK 

Hon- 

re Station £5 

5801 Bluffton Rd. 

Has 2 yd.-OK 

Mon- 

re Station £6 

1500 If. Coliseum 

Has 2 yd.-OK 

Mon. 

re Station £7 

1602 Lindenwood 

Has 2 yd.-OK 

Mon. 

re Station £9 

2530 E- Pontiac 

Has 2 yd.-OK 

Fri. 

re Station £10 

1245 E. State 

Has 2 yd.-OK 

Thurs. 

re Station £ll 

405 E. Rudisill 

Has 2 yd.-OK 

-‘Wed. 

re Station £12 

5300 S. Anthony 

Has 2 yd.-OK 

Thurs. 

re Station £13 

1103 E. Coliseum 

Has. 2 yd.-OK 

* Fri. 

re Station £14 ‘ * ; 

3400 Reed Rd. 

Has 2 yd.-OK 

■ Fri. 

re Garage 

1705 S. Lafayette 

Has none-Needs 4 yd.* 


re Academy 

2700 Dwenger Ave. 

Has none-Needs 1 yd. 


nane Shelter • 

2225 Dwenger Ave. 

Has 8 yd.-OK 

. Fri. 

rking Garage • •. 

100 E. Washington 

Has 3 yd.-OK 

Mon. 

lice Garage 

1717 S. Lafayette 

Has 3 yd.—OK 

* We'd. 

reet Dept. 

1701 S. Lafayette 

Have their own 


reet Lighting , . 

1701 S.' Lafayette 

Has 3 yd.-OK 

Wed. 

chnical Service Lab 

401 E. Masterson 

Has 1 yd.-OK 

* Wed. 

■jffic Engineering (Sign & Signal 

1730 S. Lafayette 

Same as St. Ltg. 


Shop) 

Ltration Plant . 

Griswold Dr. 

Has their own 


ter Pollution Control Main. 

445 E. Wallace 

Has their own 


ter Pollution Control Plant 

2601 Dwenger 

Has 2 yd.-OK 

Fri. 

ter Maintenance & Service 

415 E. Wallace St. 

Acme Container 

Tues. 

Eety Village 

Lafayette St. 

Has 1 yd.-OK 

Wed. 






